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DEC 14 1956 
DER | 
SUIJSCT: “esting of Yochnical — to 83 17h. 
70s § Comuender _ | .. 


Uricht Air Develosnent Center 
ATT: wCLOT=3, if. A. Bell 
uirdcht-Patterson Air Force 3290, Ohio 


| 1. The 13 171 & sO ta regard to prepare ent sitet, by the 
 indicsted gates, the folloring items: ) 


2. 1 Pobruery 1957 


A definitive statemont of work for the contract with . 
. Lockhena's iSecLe Cysten Division, | 3 


be 5 Febrzcry 1957. 

£2 itexise2 bill of netericls ‘for all ocbeystens, 
Cc. 2 Avril 2957 

A revised “DP — Aon WS UTI. 

2. In order to meet tho above sclzdule and inour the least | 
inconvenience on the part af attenii::; iniividuals, all three of the 
| ove itsns will be considered in a. nsotinz held at WDD during tho 

third end fourth weeks of Jamary 1957. A more detailed schedule 
Of events is es felioss: ‘:. 

a 1 Jenuszy 1957 


- | Tettvidusis fron the ANDO Oonters bagin to convene at 
wD. 


b. 45 Jenuary 1957 


Tho Missile tiesile Syoten Division of Loctheed will batt « 
proposed definitive etatoment af work, 





©. 23 January 1957 “| 
Tho WS 127L WSPO and the Technical Advisory Croup will 
have accomplished: 


_ (1) A definitive statement of work to bo usod as the 
besis for ensuing discussions with Loocheed, 7 


(2) 4 coordinated ARDCX G0 docuzentation. 


0) an Atonized b121 of materials for all subsystons, 
with particular emphasis on items of Os which will require 


‘ection during late FY 57 or carly FY 58, 


do 23 = 25 Jamary 1957 


220 WS LL7L WS20 and the Technical Advisory Group will 
met with roprosontatives of the Missile Lyctem Division of Loeihocd 
to coordinate « mutually acseptchlo definitive statezent of work for 
the entire tS 1271, Progra: J 


Se The Wriskt Ais Develos-snt Conter is roquoste2 io cont 


representctivss to this sectinz st WD, oxi the ettending roprosontae 


tives should bo those individuals tho ho. sean assimci ths responasi~ 
bility of providing technics? guidanso md cssistance to 3 117L. 
Since there are co mony arezs cssicnod to wWC, a Btansored sci:se 
of visits is dcsirse in som> sesso, thercfora, the IAACGàAS5Jn psosls 
or their substiictes should sttesd es folleus: . 


Qe ie Donald Reyaolds, willl, 15 end 16 January 
be Captain Ralph 5. Decker, Jr., UCLPN, 16 thru 23 Jenuary 
Ge Iioutensnt Joha Milles or Lieutenmt W. xrez, wOLiai, 
1? thru 22 Jaxriary — | ; | 
Go it. James H. Huckeby, WCLUW, 17 thru 23 January 
Ge ir. Luther H, Meuscr, WCLUR, 21 thru 22 Janucry 
. J/lioutenant Carl E, Johnson, WCLP, 16 thru 15 January | 
Ge Moutenent Willian C. Covington, WCLGI, 16 thru 23.’ 
Jonussy | | 
he i/Iieutenont Maleoln R. Molcoxson, WCLCE, 16 thru 23 
| January . : 


Tre other representatives should ettond derine the ꝓeraoa of 
15 to 16 Jonucry, ani Hr. A. L. Bell should plan on being procont 
during the period of 15 thra 25 Jenusery. oe 


| hk. Security clecronces and requests for hotel accommodations 
snould be forwarded to Woctern Developmant Division, ATTN: ‘DSIR, 
no later then 7 January 1957. 





5. Point of contact for representatives from your Conter will 
be Lieutenant Colonel Frederic G. 3. Oder (EDTR), located in Suilding 
5, Room 512, Extensior. 13)3, 5755 test 95th Street, Los Anglos, 

FOR TLE: COMMANDER: | 

SIGNED | 

Lt Colonel, tSar 

Assistant for “WS 1171 

Technical Operations — 

— 3 : 
WDOTR is ; 
JS Coolbarzh 133 
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